1578                                  UNIT  CONSTRUCTION   COSTS
Cost            Freight       Total 8 furnaces from  Pacific  Foundry
Co. designed by Gen. Chemical Co. 130,278.12  $8,016.73   $44,294.85
Eight 1-ton steel trolleys for G-in. I's..................        155.30
(See Fig. 121.)
One 1-ton duplex chain block........................         27.47
Steel shells erected—KCSSCo......  10,192.73       840. ()(>    1,1,032.79
Power for riveting.....................................       452.25
Miscellaneous.........................................        303.43
$56,320.09 Account 8104.1—Roaster Alteration.
Account 8105—Brickwork.
This account covers the cost of the brick, mortar materials, etc., and labor of the mason with helpers of installing the brick in the roasters. The unloading of the brick from (Jars, the centers and carpenter labor are taken care of elsewhere. The brick here used wore in the main special shapes and 95 per cent, of them wore hard burned red brick. In all there were 15 different shapes. The hearths woro laid dry and the shell brick laid with slimes from the copper company's concentrator. (See Fig. 138.)
Account 8105.01—Brick Unloading.
This covers the cost of leveling ground, chocking up quantities, and unloading of brick from cars to roasters. This total cost includes the unloading of all brick for roaster use, the actual amount needed plus the extra not used.
Account 8105.02—Brickwork Centering.
This account covers the cost of making, installing, removing and the material for 16 sets of centers used for putting in 4H hearths. '(See Fig. 133.)
Account 8106.01—Roaster Flue-spouts.
This covers the cost of material and erection of 10 spouts with gates
from the roasters1 common flue.    The material is as follows;
10 cast-iron gates for 12| in. diameter spouts.
10 spouts of No. 10 plate, 24ft. long, 12J-iu. outnido diamcvter fastened
to base of hopper by 2 in. by 2 in. angle collar.
10| in. plate slides for gates.
(See Fig. 135.)
Account 8106.02—Tile Work.
This account covers the mason labor, carpenter labor, cost of tile and unloading, mortar materials and a lumber charge* for scaffolds used in this flue. The flue is built of tilo and in about 50 ft from the ground The tile for the roof was laid between T iron spanuors from wall to wall The mortar was lime. (See Fig. 132.) 2 in. in height..........................         71.25
